AMENDMENT OF SOLICITATION/MODIFICATION OF CONTRACT 


1. CONTRACT ID CODE 


Page 
1 of 5 


2. AMENDMENT/MODIFICATION NO. 

0007 


3. EFFECTIVE DATE 

09/19/2011 


4. REQUISITION/PURCHASE REQ. NO. 
See Lines , 


5. PROJECT NO. (If applicable) 


6. ISSUED BY 


CODE 


00001 


7. ADMINISTERED BY (If other than Item 6) CODE 





FCC /Contracts and Purchasing Center 
445 12th St., SW, 
Washington, DC 20554 



8. NAME AND ADDRESS OF CONTRACTOR (No., street, county, State and Zip Code) 

BOOZ ALLEN & HAMILTON INC. 
8283 GREENSBORO DRIVE 



MCLEAN, VA 22102 



CODE 



I FACILITY CODE 



(X) 



(X) 



9A. AMENDMENT OF SOLICITATION NO. 



9B. DATED (SEE ITEM 11) 



10A. MODIFICATION OF CONTRACT/ORDER 
NO. GS-23F-0025K / PUR1 000041 7 



10B. DATED (SEE ITEM 13) 
08/10/2010 



1 1 . THIS ITEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 



| j The above numbered solicitation is amended as set forth in Item 14. The hour and date specified for receipt of Offers j J is extended, j is not extended. 

Offers must acknowledge receipt of this amendment prior to the hour and date specified in the solicitation or as amended, by one of the following methods: 

(a) By completing Items 8 and 1 5, and returning copies of the amendment; (b) By acknowledging receipt of this amendment on each copy of the offer 

submitted; or (c) By separate letter or telegram which includes a reference to the solicitation and amendment numbers. FAILURE OF YOUR ACKNOWLEDGMENT 
TO BE RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULT 
IN REJECTION OF YOUR OFFER. If by virtue of this amendment you desire to change an offer already submitted, such change may be made by telegram or 
letter, provided each telegram or letter makes reference to the solicitation and this amendment, and is received prior to the opening hour and date specified. 

12, ACCOUNTING AND APPROPRIATION DATA (If required) 

See Line Item Detail 

13. THIS ITEM ONLY APPLIES TO MODIFICATION OF CONTRACTS/ORDERS. 
IT MODIFIES THE CONTRACT/ORDER NO. AS DESCRIBED IN ITEM 14. 



CHECK ONE 



□ 



A. THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN 
THE CONTRACT ORDER NO. IN ITEM 10A. 



B. THE ABOVE NUMBERED CONTRACT/ORDER IS MODIFIED TO REFLECT THE ADMINISTRATIVE CHANGES (such as 
changes in paying office, appropriation date, etc.) SET FORTH IN ITEM 14, PURSUANT TO THE AUTHORITY OF FAR 43.103(b). 



□ 



C. THIS SUPPLEMENTAL AGREEMENT IS ENTERED INTO PURSUANT TO AUTHORITY OF: 







D. OTHER (Specify type of modification and authority) 

Uniteral Modification per FAR 52.243-1 Changes-Fixed Price Alternate I 



E. IMPORTANT: Contractor 



is not, 



□ 



is required to sign this document and return 



copies to the issuing office. 



14. DESCRIPTION OF AMENDMENT/MODIFICATION (Organized by UCF section headings, including solicitation/contract subject matter where feasible.) 

The purpose of this modification is to extend the period of performance through March 31, 2012. This is a "no cost" modification, which asserts that no 
additional funding is required. However, this modification is being executed under the provision of the Limitation of Government's Obligation Clause. As 
such, the contractor is directed to "STOP ALL WORK" under this order when funded amount has been expended. (SEE ATTACHED LIMITATION OF 
GOVERNMENT'S OBLIGATION CLAUSE) 



Except as provided herein, all terms and conditions of the document referenced in Item 9A or 10A, as heretofore changed, remains unchanged and in full force and effect. 



15A. NAME AND TITLE OF SIGNER (Type or print) 



16A. NAME AND TITLE OF CONTRACTING OFFICER (Type or print) 
Arnett A. Rogiers 



15B. CONTRACTOR/OFFEROR 



(Signature of person authorized to sign) 



15C. DATE SIGNED 




(Signature of Contracting Officer) 



16C. DATE SIGNED 



NSN 7540-01-152-8070 
PREVIOUS EDITION 
UNUSABLE 



STANDARD FORM 30 (REV. 10-83) 
Prescribed by GSA FAR (48 CFR) 
53.243 
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Title 


Page 
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bngineenng Services 
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Line Item Delivery Date Unjt Qf 

Number Description (Start date to End date) Quantity Issue Unit Price Total Cost 



MOA201 1-0036 - 
MOA201 1-0050 - 
MOA201 1-0098 - 
MOA201 '1-0175 -\ 
MOA201 '1-0175 -\ 




Exemption 4 

No Changed Line item Fields 



Previous Total: 
Modification Total: 
Grand Total: 




Note this is an incrementally funded contract. 
Contract ceiling is $921,346.86. 
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SECTION A - SOLICITATION/CONTRACT FORM 
A. 1 SUMMARY OF CHANGES 

The free form item ' has been added. 
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SECTION I « CONTRACT CLAUSES 



LI 



INCREMENTAL FUNDING 

The Government may elect to incrementally fund the base or optional periods of performance. The Contractor agrees that, except as 
set forth in the clause below, it shall not seek an equitable adjustment or other compensation on account of such election. If 
incrementally funded, the incrementally funded period of performance will be subject to the following clause: 

LIMITATION OF GOVERNMENT'S OBLIGATION 

(a) This contract is incrementally funded. Of the total price for this contract, only the amount stated in the contract award document or 
subsequent modifications is presently available for payment and obligated under this contract. It is anticipated that from time to time, 
additional funds will be obligated under this contract by subsequent contract modifications until the contract is fully funded. The 
contemplated funding schedule is set forth in paragraph (j) of this clause, 

(b) The Contractor agrees to perform the contract up to the point at which the total amount paid and payable by the Government, 
including any amounts payable by the Government in the event of termination for convenience, approximates but does not exceed the 
total amount obligated pursuant to this clause. The Contractor is not authorized to continue work beyond that point. The Government's 
legal liability under this contract, inclusive of any amounts payable pursuant to the "Termination for the Government's convenience" 
clause (FAR 52.212-4(1)), is limited to the amount obligated pursuant to this clause. Any costs expended or incurred beyond the 
Government's limitation of obligation are solely at the Contractor's risk. 

(c) The Contractor shall notify the Contracting Officer by e-mail at least thirty days prior to the date when, in the Contractor's best 
judgment, the work will reach the point at which the total amount paid and payable by the Government, including any amounts 
payable by the Government in the event of termination for convenience, will approximate 80 percent of the total amount then 
obligated to the contract pursuant to this clause. The Contractor's notification shall state; (1) the estimated date when that point will be 
reached; and (2) an estimate of additional funding, if any, needed to continue performance of the contract up to the next scheduled 
date for obligation of funds identified in paragraph (j) of this clause, or to a mutually agreed upon substitute date. 

(d) When additional funds are obligated for continued performance of the contract, the contract will be modified to state the revised 
total of funds obligated to the contract and to indicate the period of contract performance which will be covered by the obligated 
funds. The provisions of paragraph (b) through (d) of this clause shall apply to the revised total of obligated funds and any agreed 
substitute date. 

(e) If, solely by reason of failure of the Government to obligate additional funds in amounts sufficient for the timely performance of 
the contract, the Contractor incurs additional costs or is delayed in the performance of work under this contract, and if additional funds 
are obligated to the contract, an equitable adjustment may be made to the price, time of delivery, or both. 

(f) Once a contract period (base period or option period) is fully funded, this clause shall become inoperative for the remainder of that 
contract period, except with regard to rights or obligations concerning equitable adjustments negotiated under paragraph (e) of this 
clause. This paragraph shall not preclude operation of the clause in any subsequent option period that is incrementally funded. 

(g) Nothing in this clause shall affect the Government's right to terminate the contract for convenience or cause, pursuant to 
"Termination for the Government's convenience" or "Termination for cause" clauses (FAR 52.212-4(1) and (m), respectively). 

(h) Nothing in this clause shall be construed as authorization of voluntary services whose acceptance is otherwise prohibited under 31 
U.S.C. § 1342. 

(i) The terms of this clause shall apply to all or any part of the base period or option period that is incrementally funded. 

(j) The Government contemplates that, for services funded incrementally, it will obligate funds to this contract within two (2) weeks of 
the beginning of each fiscal year quarter (i.e. October, January, April and July). 



